UNIT CONSTRUCTION COSTS                                  1575
Cost       Freight       Total
Belts..............................$2,124.73 $152.34    $2,277.07
Conveyer material...................   1,793.55    ...............
3 ore bedding trippers................   2,850.00    569.53      5,213.08
Lumber, walkways, decking............................       237.13
Three 15-h.p. motors..................................       569.82
Centrifugal switch.....................................        108.60
Drive belts...........................................         72.41
Electrical supplies.....................................        145.89
Painting material.....................................         31.32
Miscellaneous.........................................         03.66
Total..............................................     8,718.98
(See Fig. 91.)
Account 7904.2—Conveyors 91, 92, 93, 101,102.
(See account 7405.)
All these conveyors are on wooden supports, the material for which and the cost of walkways is here included.
Conveyors 91, 92, 93 are identical. They take the reclaimed material from the beds to conveyor 10l. They are 20-iu. wide bolts, 198 ft. 4 in. from center line of head pulley to center line of tail pullcvy perfectly flat, operating at a speed of 300 feet per minuto, with a capacity of 100 tons per hour.
Conveyor 101 takes the material from 91, 92, 93 to conveyor 11. It is 145 ft. 3 in. from center line of head pulley to center lino of tail pulley, perfectly flat, operating at a speed of 300 feet per minute, with a capacity of 100 tons per hour.
Conveyor 102 takes the material from the Bunker Bin gates to Conveyor 14. It has a 20-in. belt, is 165 ft. long from center line of head pulley to center line of tail pulley, is perfectly Hat, operating at a speed of 300 feet per minute, with a capacity of 100 tons per hour. It uses one feeder below the gates the same as on Conveyor 2. The material segregated is as follows:
Cost       Freight        Total
Belt...............................$3,300.76 1228.08    $3,629.74
Feeder belt on 102...................................         56.76
Conveyor material..................   2,718.25    ..............
Feeder conveyor 10*.................      925.00   586.43      4,229.68
Lumber for walkways, decking, framework, etc...........       755,61
5 overload releases....................................         71.25
5 centrifugal switches..................................        181.05
Five 5-h.p. motors....................................       435,20
Drive belts...........................................        106.28
Electrical supplies.....................................       243,13
Painting material.....................................         52.19
Miscellaneous.........................................         95.30
Total..............................................   $9,756.19
(See Fig. 115.) . ,   ,      .      .                      , ,   vsii ;«il
